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an estimate of the Sum that may be wanted in the present Year, to defray the Expense ol 
sundry Works now executing at Donaghadee Harbour. 

Fifteen Thousand Pounds ; 



Clear of Fees and all other Deductions. 



Whitehall, Treasury Chambers,") 
30tb March 1822, J 



C. ARBUTHNOT. 



Letter from the Commissioners of Donaghadee Harbour to the Lords of the Ireasury. 

Donaghadee, 18th March 1822. 

My Lords, 

WEbeslo inform your Lordships, that our first Eoport, a. Commissioners for Donaghadeo 
Harbour, ™old have boon transmitted to your Lordships long ere nov,, but ‘t' 
delayed until Mr. Rennie, our principal engineer, had seen the state of the TOrks, had had stated 
his amtiments thereon, and also had informed us what sum will be requisite to enable ns to carry 
on the same for the present year. 

We now take leave to inform your Lordships, that Mr. Rennie has ma* the necessary exami- 
nation and inquiries, to enable him fully to report upon the subject, which he h« promised to do 
with the leas’ possible delay ; and in the mean lime has stated to us, that it will require the sum 
of £. 15,000 at the least to carry on the works tor the present year, upon the “ost moderate 
scale, ill addition to the sums already placed in our hands for that pnrpose. Of this sum, we 
request £.5,000 may be issued tons as speedily as possible. As soon as we 
Report, we shall lose no time in embodying the same in a Report from this Board, to be 
transmitted to your Lordships. 

We have the honour to be, my Lords, 

Your Lordships most obedient humble Servants, 

Ja' Arbuchk. Sam‘ Delackeries. 

F. E. Lascelks. John G. Dunbar. 

Edxeard Hull. 



To the Lords Commissioners of 

His Majesty’s Treasury, London. 
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